ARTICLES OF AGREEMENT 


THIS AGREEMENT, made on the day of . 20^^. by and between CITY OF 

FAIRFIELD, party of the first part, hereinafter called the CITY, and F.D. THOMAS, INC., party of 
the second part, hereinafter called the CONTRACTOR. 

It is understood Engineer representing the CITY shall be the City Engineer of Fairfield, acting 
directly or through properly authorized agents. 

WITNESSETH, that the CONTRACTOR and the CITY, for the consideration hereinafter named, 
agree as follows: 

I. SCOPE OF WORK 

The CONTRACTOR hereby agrees to furnish all of the materials and all of the equipment and 
labor necessary and to perform all of the work shown on the plans and described in the 
specifications for the project entitled: 

NORTH BAY REGIONAL WATER TREATMENT PLANT 
CHEMICAL CONTAINMENT BASINS COATING PROJECT 


all in accordance with the requirements and provisions of the following Documents which are 
hereby made a part of this Agreement: 

a. Plans prepared for same by N/A_ 

numbered N^^_ 

and dated N/A_ 

b. Advertisement for Bids. 

c. The Accepted Bid, dated April 17, 2018 _ 

d. Instructions to Bidders. 

e. Specifications consisting of; 

1) Special Provisions. 

2) City of Fairfield Standard Details and Specifications, 2017 edition. 

3) Standard Specifications issued by State of California, Department of 
Transportation, Division of Highways, dated 2015. 

f. Performance Bond, dated , 20 

g. Labor and Material Bond, dated . 20_i_^ 

h. Addendum No. 1 dated April 13, 2018. 
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All of said documents are intended to cooperate so that any work called for in one and not 
mentioned in another, or vice versa, is to be executed and performed the same as if mentioned 
in all of said documents. Said documents, comprising the complete Contract, are sometimes 
hereinafter referred to as the Contract Documents. Should there be any conflict between the terms 
of this instrument and the bid or proposal of CONTRACTOR or any of the other Contract 
Documents, this instrument shall control. 

II. TIME OF COMPLETION 


a. The work to be completed under this Contract shall be commenced upon written 
notice to proceed. 

b. The work shall be completed within 25 working days after the date of written 
notice to proceed. 

c. Failure to complete the work within the number of days stated in this Article, 
including extension granted thereto as determined by the Engineer, shall entitle 
the City to deduct from the monies due to the CONTRACTOR as "Liquidated 
Damages" (LDs) an amount equal to Five Hundred Dollars ($500) for each 
calendar day or fraction thereof that expires after the time specified herein of the 
Contractor to complete the work and the facility or improvements are useable for 
its intended use. LDs shall apply cumulatively and shall be presume to be damages 
suffered by the City resulting from delay in the completion of work. 

d. Liquidated Damages for delay in completion of work shall only cover 
administrative, overhead, general loss of public use damages, interest on bonds 
and lost revenues when applicable, suffered by the City as a result of delay. LDs 
shall not cover the cost to complete the work, damages resulting for defective work, 
costs of substitute facilities, or damages suffered by others who seek to recover 
their damages for the City (for example, delay claims from other contractors, sub¬ 
contractors, tenants, or third-parties, and defense costs thereof. 

III. CONTRACT SUM 


a. The CITY shall pay to the CONTRACTOR for the performance of the Contract the 
amounts determined for the total number of each of the following units of work 
completed at the unit price stated thereafter. The number of units contained in the 
attached schedule is approximate only, and the final payment shall be made for 
the actual number of units that are incorporated in or made necessary by the work 
covered by the Contract. 

b. Extra work not included in Article I, but authorized after the date of the Contract 
that cannot be classified as coming under any of the Contract units, may be done 
at mutually agreed-upon unit prices, or on a lump sum basis, or under the 
provisions of Section 9 of the City of Fairfield Standard Specifications and Details 
General Provisions. 
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NORTH BAY REGIONAL WATER TREATMENT PLANT 
CHEMICAL CONTAINMENT BASINS COATING PROJECT 


BID SCHEDULE 

Base Bid Items - Coating Termination Line Height of 8-feet 
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IV. 


PROHIBITED INTERESTS 


No employee of the City of Fairfield shall have any direct financial interest in this contract. 
This contract shall be voidable at the option of the City if this provision is violated. 

V. WORKERS' COMPENSATION 

Contractor hereby certifies that Contractor is aware of the provisions of Section 3700 of the 
Labor Code which require every employer to be insured against liability for workers’ 
compensation or to undertake self-insurance in accordance with the provisions of that Code, 
and that Contractor will comply with such provisions before commencing the performance 
of the work of this contract. 

IN WITNESS WHEREOF, the parties have executed this Agreement the day and year first 
above written. 


CITY OF FAIRFIELD 




Licensed in accordance with an act providing for the 
registration of contractors. 


Contractor's License; 

a. Class; 

b. Number: 

c. Expiration Date; 
FEI Number; 


C33 BC39AC61/D06 

610403_ 

1/31/2019 

93-1017129 
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EDD REPORTING REQUIREMENTS CHECKLIST 

Effective January 1,2001 the State Employment Development Department (EDD) requires the following. 


Please complete the following: (To be complete by the department) 

Deoartment: 

Date of Contract: 

Authorized bv Res. No,: 

Contract Expiration Date: 

Person Reviewina EDD Reauirements: 

Phone: 



EDD REPORTING REQUIREMENTS . When CITY executes an agreement for or makes payment to CONSULTANT in the amount of 
$600 (six hundred dollars) or more in any one calendar year, CONSULTANT shall provide the following information to CITY to comply 
with EDD reporting requirements: 

A Whether CONSULTANT is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, limited 
liability corporation, non-profit corporation or other form of organization. 

B. If CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall provide the full name, address and social 
security number or federal tax identification number of the sole proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANT’S federal 
tax identification number. 


Dear Contracting Company: 

Pursuant to your contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 below. 
Please indicate the type of business and provide the information requested: 


NAME AND ADDRESS 

FULL NAME 


& 

ADDRESS 


CITY* STATE, ZIP 



BOX 2 

AND 


X Box 

TYPE OF BUSINESS 

SOCIAL SECURITY NUMBER AND/OR 
FEDERAL ID NUMBER 


SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


X 

CORPORATION 



LIMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 



PLEASE RETURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 
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Form 

(Rev. November 2017) 
DeparlmenI of the Treasury 
Internal Revenue Service 


Request for Taxpayer 
Identification Number and Certification 

^ Go to wwwJrs.gov/FonnW9 for instructions and the latest Information. 


Give Form to the 
requester. Do not 
send to the IRS. 


1 Name (as shown on your income tax return). Name is required on this line; do not leave this line blank. 


2 Business namo/disregarded entity name, if different from above 

3 Check appropriate box for federal tax classiricatlon of the person whose name Is entered on line 1. Check only one of the 
following seven boxes. 

I I Individual/sole proprietor or Cl C Corporation El S Corporation Cl Partnership Cl Trust/estate 

single-member LLC 

I I Limited liability company. Enter the tax classification (C=C corporation, S=S corporation, P=Partnership) ► 

Note: Check the appropriate box In the line above for the tax classification of the singiD-momber owner. Do not check 
LLC if the LLC is ebssihed as a single-member LLC that is disregarded from the owner unless the owner of the LLC Is 
another LLC that ts not disregarded from the owner for U.S. federal tax purposes. Otherwise, a single-member LLC that 
Is disregarded from the owner should check the appropriate box for the tax classification of its owner. 

I I Other (see instructions) ► 

4 Exemptions (codes apply only to 
certain entitles, not individuals; see 
Instructions on page 3): 

Exempt payee code (if any) 

Exemption from FATCA reporting 
code (If any) 

(AppHas to oocounts mointoifvd outsido U.S.) 

5 Address (number, street, and apt. or suite no.) See instructions. 

217 BATEMAN DR 

Requester's name and address (optional) 

6 City, slate, and ZIP code 

CENTRAL POINT. OR 97S02 




iE 

-'t 

° £ 

£ o 
£ 
E 
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7 List account numberjs) here (optional) 


Taxpayer Identification Number (Tirj) 


Enter your TIN in the appropriate box. The TIN provided must match the name given on line 1 to avoid 
backup withholding. For individuals, this is generally your social security number (SSN). However, for a 
resident alien, sole proprietor, or disregarded entity, see the instructions for Part I, later. For other 
entities, it is your employer identification number (EIN). If you do not have a number, see How to get a 
TIN, later. 

Note: If the account is in more than one name, see the instructions for line 1. Also see What Name and 
Number To Give the Requester for guidelines on whose number to enter. 


Social securtty number 


or 


Employer Identification number 

9 

3 

- 

1 

0 

1 

7 

1 

2 

9 


Certification 


Under penalties of perjury, I certify that: 

1. The number shown on this form is my correct taxpayer identification number (or I am waiting for a number to be issued to me); and 
2.1 am not subject to backup withholding because: (a) I am exempt from backup withholding, or (b) I have not been notified by the Internal Revenue 
Service (IRS) that I am subject to backup withholding as a result of a failure to report all interest or dividends, or (c) the IRS has notified me that I am 
no longer subject to backup withholding; and 


3.1 am a U.S. citizen or other U.S. person (defined below); and 

4. The FATCA code(s) entered on this form (if any) indicating that I am exempt from FATCA reporting is correct. 


Certification instructions. You must cross out item 2 above if you have been notified by the IRS that you are currently subject to backup withholding because 
you have failed to report all interest and dividends on your tax return. For real estate transactions, item 2 does not apply. For mortgage interest paid, 
acquisition or abandonment of secured prepay, cancellfion of debt, contributions to an individual retirement arrangement (IRA), and generally, payments 
other than interest and dividends, you ar^noj requtre^l the certification, but you must provide your correct TIN. See the instructions for Part II, later. 



Sign 

Here 


Signature of 
U.S. person > 


Date^ 




General Instructions 

Section references are to the Internal Revenue Code unless othenwise 
noted. 

Future developments. For the latest Information about developments 
related to Form W-9 and its instructions, such as legislation enacted 
after they were published, go to wwiv,frs.gov/FormW9. 

Purpose of Form 

An individual or entity (Form W-9 requester) who is required to file an 
information return with the IRS must obtain your correct taxpayer 
identification number (TIN) which may be your social security number 
(SSN), individual taxpayer identification number (HIM), adoption 
taxpayer identification number (ATIN), or employer identification number 
(EIN), to report on an information return the amount paid to you, or other 
amount reportable on an information return. Examples of information 
returns include, but are not limited to, the following. 

• Form 1099-INT (interest earned or paid) 


• Form 1099-DIV (dividends, including those from stocks or mutual 
funds) 

• Form 1099-M(SC (various types of income, prizes, awards, or gross 
proceeds) 

• Form 1099-B (stock or mutual fund sales and certain other 
transactions by brokers) 

• Form 1099-S (proceeds from real estate transactions) 

• Form 1099-K (merchant card and third party network transactions) 

• Form 1090 (home mortgage interest), 1098-E (student loan interest), 
1098-T (tuition) 

• Form 1099-C (canceled debt) 

• Form 1099-A (acquisition or abandonment of secured property) 

Use Form W-9 only it you are a U.S. person (including a resident 
alien), to provide your correct TIN. 

if you do not return Form W-9 to the requester with a TIN, you might 
be subject to backup withholding. See What is backup withholding, 
later. 


Cat. No. 10231X 


Form W-9 (Rev. 11-2017) 

























































Welcome Angie - Mv Account - Logout 



CITY OF 


FAIRFIELD 

CALIFORNIA 


Inbox Records Configuration Heip 

F.D. Thomas, Inc. 

Account: 32954 

^ Edit Account Place Hold ♦ Archive Account [ Request Compliance View Audit Trail 

^ Log Note I'f^Log Meeting Call ^ Log Email ^ Send Email Assign Task ^ Add Contact 


Dashboard 

RISKworks Account Compliance Status: Compliant 

Number of Active Evaluation(s): 1 

Total Number of Evaluations: 1 

Compliant Evaluations: 1 

Non Compliant Evaluations: 0 

TBD Evaluations: 0 

Items Requiring Attention: 0 


Organizational Unit 

H y City of Fairfield, CA 
y Public Works 

(=1 Action Items 


There are no pending tasks. Click here to add one. 


PI Evaluations 


PI Evaluation Agreement Agreement End Compliance 

^ ID _ Number _ Date _ Status _ 

□ 25076 Compliant 

add ) renew ) archive j 
Vi ew A ctiv e and Arc hi ved Ev ai u a_ti o n s 


Started Type 

5/29/2018 Public Works 
Contract 


Effective Expiration _ 

Date Date 

6/1/2018 6/1/2019 


Documents 


[+] Account Information 


iTj Contacts 
\£ History 


Copyright Exigis LLC, 2002 - 2018. All rights reserved. Version 10.10.0 Revision: 2526 


























